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M^OHARWRt FOBi Director, Rational Rsccnnaiasaace Office 
SUBJECT * Satellite Wr&grmm 


1. Attached la the latest iafornation v# have on tha satellite 
schedule for Calendar Year 1962-63 which include* reeoBsasradatlons asrked 
In red. 

2. At tbs present tins there are eight COftOKA (MUSAL) paylo ads which 
are not acted with THOR-AGKRA vehicles. In view of the jfrasmit unknowns 
in the 3AM06 program, It Is rasa— adsd that OOBCHA be schedule! ae noted 
in the attaebsa&t beginning la October 1962 through May Of 1963. In ad- 
dition, it la rencwm a w i iTad that an additional five MURAL payloads be pur- 
chased to provide c overa ge through October of Calendar Year 1963. General 
Curtin *a people indic a te (a) a deeisicn to procure the additional TBOR- 
MJESA3 for the eight CC80SA payloads sin be required prior to 1 Jbly 1963; 
(h) the production for 7H0R-ASEKAS is schedule d through May of 19631 and 
(c) there is a taalve-aonth delivery lead tine required for these articles. 


3. With reference to C0S0XA (MURAL), the last payload Is to be de- 

livered in July of 1962. if the p ro d uct i o n Has is shut down, then eight 
»anttos will be required to re-ordar sad sake available for flig ht, the 
cost for retooling and starting up the production line would be HHM MM 
fear the first payload and for each additional casern (jaSsen^ostT. 

t would ir s sii— nil that eight T30R-AGSSA8 be aMignad to the present eight 
available GOSOKA (MURAL) payloads Mid that five additional payloads be 
purchased at this tins to assure coverage through October of 1963. 

4. The COfiCRA (MURAL) and LAKTA8& program when coohined should pro- 
vide the comunity with broad and detailed coverage. The reliable CORONA 
(MURAL) configuration can be is g ro v a d by sn lneraase in the focal length 
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from 2b” to kQ*. 2 would propose tee jrecureaent of six W CQH0SA (WfflXL) 
payloads together with Mr Force vehicle* oo noted below* The ntafeers 
reflected below indicate approximate cost figure* say people c om piled for 
this proposal. 

Payload Coat 

a* Design and Fabrication of let Itek Csssera 
b. Flee additional Itek Cameras 
e. Mast Como* (6 each) (g.l. ) 
d* FIX* and Processing (XK) 

fClAL 

vehicle and SSSBBSk 3S£t 

a. Design and Fabrication of 1st U6C Subsystem 

b. Flee additional LNBC Subsystems 
c* Sir fHOBS 

d. six m m (Boost) 

e. Six AQXKA D*m 
f * L a unch Services for 6 TBQ8B 
g. launch Servleee for 6 AGKSA8 
b. Engineering Services far 6 Shot* 

TOIM 

5* The program set forth in the attmchmest points out that by extend- 
ing the present C0BQIA program through October of 19&3 and allowing fourteen 
months* lead time for the tO M CQfiOWA prograa (providing the decision is j 

reacted by August 1962) that a reliable proven system will be providing 
intelligence iaforaatlon through C a lender Year 1963. Paring t he latter 
part of 1962 aad early 1963* if the IMBI, UJStASD or ^^^■gregraa* have NR025X1 A 
not gone fully operational # teas tee back-up OGBCHA aad to* CGflOKA prograa " 

will ensure the tetelUgense community of at least Monthly coverage. X 
hope we will be able to work toward a schedule whereby one would be on 
standby teat could be launched on short notice against specific targets. 
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6 « Suanarislng the recoasnscdations for future Agency Betel .Lite 
programs the following action should be taken: 

a. right TH08-A3EHA vehicles should be assisted to the eight 
remaining MUBAL payloads; 

b. Five additional C0R08A (t-SJSAL) payloads should be procured 
and TEOR-AGIKA assigned; and 

c» The procureaent of six ho" CQRDHA (USUAL) systems be initiated. 

f. He would appreciate your consents so that we can take appropriate 
action to implement this prograa. 


Signed Herbert Scoville,, Jr. 


HEflSgRT SCCVILLE, JR. 
Deputy Director 
(Research) 
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SIGNATURE RECOMMENDED: 
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Colonel U8AF 

Acting Chief, DFD 

Distribution: 

Copy #1 - Addressee v/att. 

#2 & #3 - DD/R w/att. 

#k - AC/DPD w/att. 

#5 - C/DB/KPD w/att. 

§6 - C/DB/BPD/ Chrono w/att. 

#7 - Hl/DPD w/att. 

DC /BB/BSPD : hnj (Id June 1962) 
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